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Account 8902—Sewer System—Cost of Pipe and Laying.
This account covers the cost of the material and labor of laying the same used in the sewer system. The sewer lines aggregated 2,967 ft. of vitrified sewer pipe, ranging from 6 in. to 15 in. in diameter. It was all laid an average depth of 4 ft. below the surface. Concrete manholes for the system are in account 8902.2.
Account 8902.1—Sewer System—Excavation.
This excavation covers the-entire trenching or tunneling as was in some cases done for the sewer system. All kinds of soil were run through. The trenches varied from 18 in. to 60 in. wide, and from 2 ft. to 20 ft. in depth.
Account 8902.2—Sewer System—Concrete.
This concrete covered a large number of small jobs including manholes and the like along the sewer lines. In general the mix was 7 sand and gravel to 1 cement.
Account 8903—Permanent Outside Closets.
This covers 3 latrines built of 2 by 4's, 4 by 4's and corrugated iron. In size they were 8 ft. by 19 ft. 6 in. by 8 ft. high. The closet was built of concrete and is cleaned by a periodical flushing of water which is siphoned into a sewer.
Account 8904—Telephone System.
This account is indirect expense, see 8999. It covers the cost of a telephone line from Clifton to the smelter, together with all phones and connections about the plant during construction.
Account 8905—Permanent Outside Lighting.
The material account here is as follows:
Four 110 volt flaming arc lamps.......................  $142.40
Conduit, wire, etc.....................................      35.59
$177.99
The poles here used were old ones previously charged out to construction equipment. The lights were placed at various needed points about the plant and t'hen connected to the nearest 110-volt circuit. Labor costs cover the setting of poles, the connecting of lamps, running a conduit line down each pole to a switch box, and installing the switch box.
Account 8905.1—Temporary Outside Lighting.
This account is indirect expense, see 8999.
Account 8906—Water Pipe Lines'—Excavation.
This excavation covers the trenching for all the water lines. It represents all sorts of material excavated from 8 ft. to 15 ft. in depth.   . ,         . .      ;t2.04
